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Office Memorandum • united states government 


TO 


: .jef of Logistj os 


DATE: 


from : Chief, Reel Estate & Construction Division 

SUBJECT: Weekly Activity Report 
15 Mav to date 


i ocq 


General; 

a. Space for 1&3 
1/ May 19531 

v. Quarters for Commo Personn el on 

i and Chief, 



(Continued item - 


_______ Meeting 

regarding quarters, 
ivernment to be re- 


c, 

d. 


held with . 

leasing of existing quarters by 
commended. (Proposed T/O to reach 220), 

Preparation of Agen cy Regulat ions;— Continued progress. 

Eight additional dependent houses for 



(l) Contracting Officer 


was advised to extend 


termination of work on seconcH group of eight houses to 


(2) logistics representative advised to delay 

obtaining local bids until further notice. 

bter discussed further wit h representative of 

in an endeavor to 

for completion of 

second group of eight houses* will be ready to 

present lump sum price on or about 25 May, 

(l)_ Ir. event reasonable price cannot be obtained from 
local bids will, be obtained* 



25X1A2g 


25X1A2g 


P rojects an d Studi e s in Process; 

a* Construct ion & U tilities : 

fl) Proiect ^^^((Commo):- Construction progress 
continuing. Scheduled for completion during 
August. Pending revision; (a) sewage 
ai~the two sites; (b) power supply at MW 
a«d (tl deisel installations at the two sites. 




4 



(2) Project 

item - 23 April 1953) Mo change. 


- (Continued 
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25X1A6a 

25X1 A6a 
25X1A6a 


25X1 A7b 
25X1 C4c 

25X1 A6a 

25X1A5a1 

25X1A5a1 


25X1 A5a1 


25X1A6a 


1 81 S 
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3* Oth er Items of interest i 


None, 


/« Special Probl ems i In view of the numerous projects in progress 
and the many trips involved which require Travel Orders/ it is 
recommended that Blanket Domestic Travel Orders, as reonired, be 
authorized* 


25X1A2g 


FOIAb3b1 


25X1A2g 


25X1 A2g 


25X1 A6a 


Majo r Objectives t 


Star ti ng Dat e 


Ta rget Date 


a. Establish accountability system (Continued item - 7 May) 

for Agency Heal Property:- No change, 

b. Prepare PJ&C portion of CIA Current - AO$ 30 lime 1953 

Regulation, Part 15 * complete. 


c. Supervise Planning and Con-- 
struction of: 



d. Establish Field Inspection 
"he gear for Agency Real 
Property 


Current 
40$ complete 

15$ complete 
construction to 
commence early 

v 11 X 16 # 

Current - 

Preliminary 

Planning 

Current - 

Preliminary 
PI amv? Tor 

10$ complete 


1 Aug. 1953 
1 Dec. 1953 


Not established 


Mot established 


1 Dec. 1953 


Survey has been started. Representative 
i/isited thre^Rc^ioris^reports to contain space utilization, 
condition data and recommendations. 
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